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ACTION PM-03 

INFO OCT-01 AF-06 ISO-OO CIAE-00 INR-07 NSAE-00 SS-15 

NSC-05 /037 W 

095088 

R 171516Z JUL 75 
FM AMEMBASSY MONROVIA 
TO NAVELEXSYSENGCEN GREAT LAKES ILL 
INFO SECSTATE WASHDC 6407 
COGARD ONSOD WASHDC 
CHESNAVFACENGCOM WASHDC 

UNCLAS MONROVIA 4128 

E.O. 11652: N/A 
TAGS: MARR, ELEC, LI 

SUBJECT: OMEGA LIBERIA ON-SITE STATUS REPORT 

REF: (A) NAVELEXSYSENGCEN G LAKES MSG 192100Z JUN 75; (B) 
NAVELEXSYSENGCEN GREAT LAKES 1 1 1921Z JULY 75 

SECSTATE FOR CODE 5501 

COGARD ONSOD FOR PME-119 AND G-ONSOD/43 
CHESDIV FOR FPO-2 
DAYENIAN SENDS 

1. NAVELEXSYSENGCOM OMEGA ELECTRONICS INSTALLATION CREW ARRIVED 
8 JULY 75. TRANSPORTATION REQUESTED BY REF (A) WAS PROVIDED FROM 
AIRPORT TO MONROVIA. 

2. MR. S. DAYENIAN STAYING AT DUCOR HOTEL, TELEPHONE NO: 22579. 
NAVELEX CONTACT AT AMEMBASSY IS MR. BLAINE PORTER (COMMERCIAL 
ATTACHE). EMBASSY TELPHONE NO. 22991/2/3/4/5/. NORMAL EMBASSY 
HOURS ARE 0730 TO 1630 ZULU. MARINE WATCH 24 HR/DAY. NO TELEPHONE 
ON SITE. 

UNCLASSIFIED 

UNCLASSIFIED 
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TELEPHONES NOT TO BE USED UNLESS URGENT. TOO MUCH TIME 
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WASTED PLACING CALL AND COMMUNICATIONS VERY POOR. SEND MESSAGES. 

3. LITZ SOLARRING DEVICE AND LITZ PLIERS REQUESTED BY REF. (B) 

BEING SHIPPED 17 JULY 75. 

4. TRANSMITTER BUILDING WAS ACCEPTED BY ROICC WITH PUNCH LIST 
PRIOR TO NAVELEX CREW STARTING INSTALLATION. ONLY MINOR ITEMS 
LEFT TO COMPLETE. ANTICIPATE NO CONFLICT BETWEEN CONTRACTOR AND 
NAVELEX INSTALLATION PERSONNEL. 

5. VARIOUS INSTALLATION DRAWINGS AND MISCELLANEOUS ITEMS OF 
MR. HOLT HAVE NOT ARRIVED. REQUEST FOLLOW-UP. 

6. TIMING AND CONTROL AN/FRN-30 UNPACKED AND MOUNTED. 

ASSEMBLY DRAWINGS SHOWING INTERNAL HARNESS WAS NOT WITH EQUIP- 
ENT. PLEASE FORWARD ONE SET ASAP. 

7. OFFICIAL PASSPORT OF GLARES PERSONNEL WERE FORWARDED TO 
AMEMBASSY FOR PROCESSING LIBERIAN IMMIGRATION. AMEMBASSY 
DESIRES TO CONVERT ALL RESIDENT VISAS TO MULTBULE ENTRACE VISAS. 
AMEMBASSY ADVISED AND TAKEN ACTION TO OBTAIN OFFICIAL PASSPORTS FOR 
MR. W.B. SHUTZ AND MR. G.D. HARPER. 

8. HAD PROBLEMS WITH ONE LIBERIAN DRIVER FOR OMEGA FORD VAN. 

DRIVER WAS PAID FOR ONE WEEK WORK AND ONE WEEK SEVERANCE PAY AS 
REQUIRED BY LIBERIAN LAW AND DISMISSED. 

9. ENCOUNTERED DIFFICULTY IN DRAFTING ACCEPTABLE CONTRACT FOR 
HIRING VARIOUS LIBERIAN TRADES. CONTRACT OR EMPLOYMENT AGREEMENT 
WILL BE REVIEWED BY AMEMBASSY GENERAL SERVICES OFFICE PRIOR TO 
USING. 

10. FACILITIES CONTRACTOR PLANS TO DISCONTINUE SECURITY 
GUARD SERVICE FOR THE SITE. ROICC LIBERIA PREPARING 
CONTRACT USING NAVELEXS Y SENGCEN ACCOUNTING DATA FOR GUARD 
SERVICE UNTIL MANAGEMENT TEAM ARRIVES. ROICC MAY DEPART IN 
NEAR FUTURE. NAVELEX REP ASSIGNED AS CONTRACT ADMINISTRATOR. 

1 1 . MECHANIC WAS HIRED FOR STARTED EMERGENCY GENERATOR FOR 
ANTENNA TOWER STROBE LIGHTS IN EVENT OF POWER FAILURE DURING THE 
UNCLASSIFIED 

UNCLASSIFIED 
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NIGHT. 

12. THE INSTALLATION IS ON SCHEDULE IN ACCORDANCE WITH THE 
PROPOSED OMEGA LIBERIA INSTALLATION PLAN. FIRST INSTALLATION 
STATUS REPORT WILL BE FORWARDED 21 JULY 75. 

13. INSTALLATION FOREMAN MR. HOLT RECONSIDERED REQUIREMENT OF 
REPLACEMENT MAN FOR MR. PETERS. DO NOT SEND REPLACEMENT MAN. ONE 
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OF THE INSTALLATION CREW HAS WELDING EXPERIENCE. HOWEVER, NO 
WELDING EQUIPMENT ON SITE. PLEASE ADVISE AVAILABILITY OF HELIARC 
WELDER, REQUIRED IN APPROXIMATELY SIX WEEKS. 

14. ROTARY JOINT FOR USE ON TOP OF HELIX COIL BEING SHIPPED 
17 JUL '75 TO GLARES. REQUIRED FOR FINAL PHASE OMEGA ARGENTINA 
INSTALLATION. 

MANFULL 
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NNN 
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Message Attributes 



Automatic Decaptioning: X 
Capture Date: 01 JAN 1994 
Channel Indicators: n/a 
Current Classification: UNCLASSIFIED 

Concepts: MILITARY PERSONNEL, PHYSICAL SECURITY, OMEGA LIBERIA, TRACKING STATIONS 

Control Number: n/a 
Copy: SINGLE 
Draft Date: 17 JUL 1975 
Decaption Date: 01 JAN 1960 
Decaption Note: 

Disposition Action: n/a 
Disposition Approved on Date: 

Disposition Authority: n/a 
Disposition Case Number: n/a 
Disposition Comment: 

Disposition Date: 01 JAN 1960 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1975MONROV04128 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Film Number: D750248-0001 
From: MONROVIA 
Handling Restrictions: n/a 
Image Path: 

ISecure: 1 

Legacy Key: Iink1975/newtext/t19750747/aaaabpwd.tel 

Line Count: 123 

Locator: TEXT ON-LINE, ON MICROFILM 
Office: ACTION PM 

Original Classification: UNCLASSIFIED 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 3 

Previous Channel Indicators: n/a 
Previous Classification: n/a 
Previous Handling Restrictions: n/a 
Reference: n/a 

Review Action: RELEASED, APPROVED 
Review Authority: MartinML 
Review Comment: n/a 
Review Content Flags: 

Review Date: 30 MAY 2003 
Review Event: 

Review Exemptions: n/a 

Review History: RELEASED <30 MAY 2003 by ThomasVJ>; APPROVED <17 MAR 2004 by MartinML> 

Review Markings: 

Margaret P. Grafeld 
Declassified/Released 
US Department of State 
EO Systematic Review 
06 JUL 2006 



Review Media Identifier: 

Review Referrals: n/a 
Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 
Secure: OPEN 
Status: NATIVE 

Subject: OMEGA LIBERIA ON-SITE STATUS REPORT 
TAGS: MARR, ELEC, LI, US 
To: NAVELEXSYSENGCEN GREAT LAKES ILL 
Type: TE 
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